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BILL NO. s-87-03- O 7 i 
SPECIAL ORDINANCE NO. S-_.> d-f7 
AN ORDINANCE approving Change Order 
No. 4 for Contract 85-W-3, GM Elev. 

Storage Tank, with Hydrostorage, 
Inc., in connection with the Board 
of Public Works and Safety of the 
City of Fort Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 4 for Contract 85-W-3, 
with Hydrostorage, Inc., in connection with the Board of Public 
Works and Safety, for: 

this was necessary after further 

review of the concrete splash pad, 

an alternate method was developed 

utilizing a stone bed for water 

dispersion. The work is to be 

completed by the City of Fort Wayne; 
involving a net decrease of One Hundred and No/100 Dollars ($100.00), 
all as more particularly set forth in the specifications, and 
which is on file with the Office of the Board of Public Works 
and Safety and is by reference incorporated herein, made a part 


hereof, and is hereby in all things ratified, confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 





and effect from and after its passage and any and all necessary 


approval by the Mayor. 


Councilmember 





APPROVED AS TO FORM 
AND LEGALITY 





Bruce O. Boxber , City Attorney 
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BRADBURY CA 
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GiaQUINTA ee te 
HENRY ae | 
REDD E OE 
SCHMIDT eg EE 
STIER pee i 
TALARICO eS ote 
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DATE’: 
Passed and adopted by the Common Council of the City oe Fort - 
Wayne, Indiana, as (AN A B T 





(SPECIAL) (ZONING MAP) ORDINANCE ( 


on the o? LT day of 





ATTEST: 
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DY; CIPY CLERK 





SANDRA E. KENNE 


Presented by me to the Mayor JÉ the City ©f Fdrt Wayne, Indiana, 


on the RS EY day of paek Bie A 
atthe hour -of : RE, o'clock 2. Me E.Ss?: 


SANDRA E. KENNEDY, CITY CLORK 
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Approved and signed by me CPE eee of Phan KR 
y E EREE ra A 
19 b4 , at the hour of i ae eo" chock la Mor BST. 
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WIN MOSES, JR., MAYOR 
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TIYLE OF ORDINANCE Change Order #4 for Contract 85-W-3, GM Elev. Storage 
ne ee ee ee ee 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety A OFZO 

SYNOPSIS OF ORDINANCE Change Order #4 for Contract 85-W-3, GM Elev. Storag 


Tank was necessary after further review of the concrete splash pad, 





an alternate method was developed utilizing a stone bed for water 





dispersion. The work is to be completed by the City of Fort Wayne. 





Hydrostorage, Inc., is the Contractor. 
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MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $100.00 Decrease 


ae ice See ie ni ee ee ee 

ASSIGNED TO COMMITTEE 
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CHANGE ORD2:R 


Change Order No. Four. ` Resolution Ne: 
Project No. 85-W-3 t Board Order No. (- 85 
Name of Project Ft. Wayne, 1.5 MG El. Tank Date January 6, 1987 


To: Hydrostorage, Inc. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 











Description of Change | | Change in Contract Price 
Description Unit Price Decrease Increase 


Delete Concrete Splash Pad at 





Total Decrease 
Total Increase 
Net (Decrease) (%egREBe62 Contract Price 


The sum of $ 100 is hereby §eddeckxkR) (deducted from) the total contract pric 
and the final contract price shall be adjusted as follows: 


Original Contract Price $__ 863,330.00 
Current Contract Price Adjusted by Previous Change Order $943,099.43 
New Contract Price Including This Change Order $ 942,999.43 


Tne time provided for completion in the contract for this project is (unchanged) C@ePexxed) 


(Geopeese) by =f calendar days due to this Change Order. The date for completion 
of all work shall be . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended i APN k ahak Chief Water Engineer) Date 2 “of {4-8 7 
LTEC e . 
Accepted by: HY \QROSTOR AEE res: Ls (Contractor) Date _~&~ /-/7 


Approved by: (Director of Water Resources)pate 


Approve Ebyn ee = ~Cim. Bd. of Works) Date a A_§ 2 
Soy aS Se 


vay ‘i : 
RSEN KI ly ember Bd. of Works) Date? ~ 27 
GL) 


ae (Member Bd. of Works) 


] 3 ey 
Attested by: Kh J; ) ok ALALA) (Clerk) Date — eae P ] 
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Resolution No. 


. Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:_ After further review of the concrete splash pad, an 





alternate method was developed utilizing a stone bed for water dispersion. The 
work is to be completed by the City of Fort Wayne. 





Will proposed change alter size of the project? Yes | ae 8 





If yes, explain 

E TT A SE 
- CC Or EESE 
Affect on operation and maintenance cost of this project: 
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CHANGE ORDER 





hange Order No. Ss Resolution Neo. 
roject No. * Board Order No. Qb- 3825 
ame of Bro sect = ine. 1.5 MG Oe SET Tank Date_Jamuary 6, 1987 





o: Hydrostorage, Inc. Aium Woa 


(Contractor) i : 
‘entlemen: y C) 


‘ou are hereby requested to comply with the following changes from the contract plans 
ind specifications: 





Description of Change | o e | Change in Contract Price 
Description ee Price 


Fra Delete Concrete Splash Pad at 








Tank Overflow 


Total Decrease 
Total Increase 


Net (Decrease) (FReREESE? Contract Price 


The sum of $ 100 is hereby §eddexxkx) (deducted from) the total contract pric 
end the final contract price shall be adjusted as follows: 


Original Contract Price $__ 863,330.00 
Current Contract Price Adjusted by Previous Change Order $ 943,099.43 
New Contract Price Including This Change Order § 942,999.43 


Tne time provided for completion in the contract for this project is (unchanged) CREP ESR EE 
GETE) by ENE calendar days due to this Change Order. The date for completion 
of all work shall be . Furthermore, this document shall become an 
amendment to the contract and all_pro-risions of the contract shall apply hereto. 


Recommended bye Jemi ; Aiek Chief Water Engineer) Date 2-27-87 


1rec 


Accepted by: DEOS, ALEAC. Í ; (Contractor) Date_2 %-f7 


Approved by: (Director of Water Resources)pate 


I a rere ee SOWIE DR a E 
n U m pee E 
Approved & Si wiht. Bd. of Works) Date I~ LF / 
er = Sa Member Bd. of Works) Date I-47 / 
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Resolution No. 


-Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: After further review of the concrete splash pad, an 


alternate method was developed utilizing a stone bed for water dispersion. The 
work is to be completed by the City of Fort Wayne. 


ee 
Will proposed change alter size of the project? Yes No X 

If yes, explain 
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Affect on operation and maintenance cost of this project: 
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hange -Order a A Resolution Ne. 
‘roject No. Board Order No. b- 25 
lame of Project a See. 1.5 MG oe ee Tak Date_January 6, 1987 
‘oO: Hydrostorage, Inc. 
(Contractor) 
rentlemen: 


'ou are hereby requested to comply with the following changes from the contract plans 
ind specifications: 


reg Sr a Description of Change | ad le Change in Contract Price 
et Gone peace eto Tait Price 


1 TS. Delete Concrete Splash Pad at 
Tank Overflow $100 


Ps a IS 
bea UDE OE EET ES a em 


Total Decrease ERAT RN -- 


Total Increase 


Net (Decrease) (ipgmease? Contract Price | $100 


The sum of $ 100 is hereby (eddeuxkx) (deducted from) the total contract pric 
2nd the final contract price shall be adjusted as follows: 


Original Contract Price $863,330.00 


Current Contract Price Adjusted by Previous Change Order $943,099.43 
New Contract Price Including This Change Order $ 942,999.43 


Tne time 2i pi for completion in the contract for this project is (unchanged) @WePersee! 
Gego) b Spe calendar days due to this Change Order. The date for completion 
of all work shell be . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended EAN > Chek Chief Water Engineer) Date 2 -.2 7-8 7 
ILG . . 
Accepted by: DROS, Mine LSE. VA (Contractor) Date “7-7 


Approved by: (Director of Water Resources)pate 
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Resolution No. . oe 
a_a 


. Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: _ After further review of the concrete splash pad, an 


alternate method was developed utilizing a stone bed for water dispersion. The 

work is to be completed by the City of Fort Wayne. 
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Affect on operation and maintenance cost of this project: 
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Memorandum 


To BOARD OF PUBLIC WORKS AND SAFETY Date FEBRUARY 24, 1987 


From TERRY L. ATHERTON, P.E., DIRECTOR, WATER RESOURCES ENGINEERING & SERV, 


Subject WATER CONTRACT NO. 85-W-3 GM ELEV. STORAGE TANK W.O. 63755 
60. 36285 CHANGE ORD z : 


Attached is Change Order No. 4 on subject project, in the 
amount of $100.00 (decrease). Instead of using a concrete 
splash pad, a stone bed for water dispersion was decided 
upon, resulting in a decrease of $100. New contract price 
including this change order is now $942,999.43. 


If you have any question regarding the above, please feel 
free to contact this office. 


ep 


Attachment 





BILL NO. S-87-03-09 


CITY UTILITIES 


REPORT OF THE COMMITTEE ON : 
A a a ee a 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESOES PSN. approving Change Order 


No. 4 for Contract 85-W-3, GM Elev. Storage Tank, with 





Hydrostorage, Inc., in connection with the Board of Public Works 


and Safety of the City of Fort Wayne, Indiana 


Tear TREE IRE aap Ree MI ge a a in oy Se 
nt a ee A 


rere a et ee 
Be a a 


HAVE HAD SAID (ORDINANCE) (BESODUSEON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(REGQRUREQNX 


YES 





Is 


es R 
Aa. wy, AZ CHARLES B. REDD 
TE CHAIRMAN —_ 


PAUL M. BURNS 





AG 
=< ; VICE CHAIRMAN ee e a a re 
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Pag THOMAS C. HENRY 
Le (7 
4) 
i a 
LØR BEN A. EISBART 









os SAMUEL J. TALARICO 


CONCURRED IN 2 me) SA SANDRA E. KENNEDY 
CITY “CLERK 








